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Most of the information for this report was gathered with 
the help of Mrs. Bobbi Miller of the Labor Relations Office, 

Kennedy Space Center. Special thanks go to her for her help. 

The charts at the end of the report were prepared by the Labor 
Relations Office. 

In the case of strikes which affected a large number of 
contractors and subcontractors, only the main companies affected 
by the strike were listed. For a complete list of contractors 
affected, see the Monthly Strike Reports for 1966 and 1967; for 
1965 see the Strike Summary Report; all are available in the 
Labor Relations Office, Kennedy Space Center. 

The absence of labor disputes at Kennedy Space Center or 
Cape Kennedy since September, 1966, appears to be the result of 
two major factors. First, construction work has decreased, which 
has led to a drop in the demand for labor. With less construction 
work, the Labor Relations Office has been able to spend more time 
on preventive measures, helping to alleviate possible areas of 
dispute. Construction problems which do arise are given the same 
attention as when construction was more active. The industrial 
labor force, on the other hand, has been substantially increased 
since September 1966. Close co-ordination between the KSC Labor 
Relations Office and the labor relations representatives on stage 
and support contracts has prevented major disputes from occurring 
through the establishment of interfaces between construction, stage, 
and support contractor's work. Second, a change in labor represen- 
tatives has slowly occurred, leading to better relations between 
the unions and NASA. However, the reasons for this amicability 
with the building trades may lie more with the economics of supply 
and demand than with any change of policy by the unions. 



MAN-DAYS LOST BY CONSTRUCTION CONTRACTORS DUE TO WORK STOPPAGES 
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1965 
July 26 


July 


August 16 
0930 hours- 
August 18 
Beginning of 
shift 


August 17 


August 27 


Mr. David Roadley was appointed FMCS Commissioner 
of Cape Kennedy, MSLRC. 

Staff members of the Senate Permanent Subcommittee 
of Investigations of the Committee on Government 
Operations (McClellan Committee) again visited 
the Cape to conduct preliminary investigations 
on the rise of work stoppages at missile sites. 

83 Carpenters (Local 1685) employed by Central 
Plastering, subcontractor to Donovan-Power-Miller 
(COE MSA #146) on the construction of additions 
to the Operations and Checkout Building for the 
Apollo program, walked out for two workdays over 
a jurisdictional dispute over installation of 
metal studs for drywall. The carpenters returned 
at the beginning of the August 18 workday. A 
status quo arrangement was worked out between the 
two International unions as indicated by the 
National Joint Board for Settlement of Juris- 
dictional Disputes (N.J.B.) where the work was 
performed by the lathers. NASA financed COE 
contracts lost 145 man-days, but there was no 
delay in completion of the project, as it was 
only 537 0 complete. 

12 Operating Engineers (Local 673) employed by 
Donovan-Power-Miller on construction of additions 
to the Operations and Checkout Building for the 
Apollo project (COE NASA #146) stayed off work 
for one day in dispute over the company 1 s 
distribution of overtime. The employees returned 
by order of the union* s business agent, and the 
company agreed to proper distribution of overtime. 
A total of 12 man-days were lost on NASA construc- 
tion, with little effect on the completion date. 

90 Carpenters of Local 1685 employed by Central 
Plastering, subcontractor to Donovan-Power- 
Miller (COE NASA #146) walked out in protest of 
lathers installing metal studs and drywalls. 

This jurisdictional dispute continued from an 
August 16 dispute. Donovan-Power-Miller cancelled 
the subcontract and performed the work itself 
starting Monday, August 30. 45 man-days were 

lost on the project, but with no delay in overall 
project completion. 



1965 (continued) 
September 1 


September 1 
0930 hours- 
September 2 
Beginning of 
shift 


September 14 
0700 hours- 
September 24 
0930 hours 


September 16 
0001 hours- 
October 5 
Beginning of 
shift . 


The IAM Local Lodge and RCA were praised by 
Paul Styles, Director of Labor Relations for 
NASA, for the successful negotiation of a 
three-year collective bargaining agreement. 

The agreement was reached almost one week 
before the expiration of the present agreement. 

Operating Engineers (Local 673) , supported 
by Carpenters (Local 1685), Construction 
Laborers (Local 293) , Plumbers (Local 295) , 
and Elevator Constructors (Local 71) were 
involved in a one-day work stoppage at 
Complex 37 (NAS 10-1709). Companies involved 
were Hey 1-Patterson, Hicks and Ingle, Otis 
Elevator, and Aluminium Construction Company, 
all subcontractors to Julian Evans and 
Associates. Cause of the strike was a protest 
by the Operating Engineers to Pan American 
employees operating a jib crane hoisting 
construction material. The 53 workers 
returned to their jobs on September 2 at the 
instruction of the union business agent. 

NASA lost 50 man-days, with one-day delay in 
the project. 

Seven Operating Engineers of Local 673, 
supported by six Painters (Local 1287) and 
49 Iron Workers (Local 808) walked off their 
jobs with Blount Brothers Corporation, working 
on modifications to Launch Complex 37 for the 
Saturn IB. (COE NASA #247) The Operating 
Engineers were protesting Pan American 
employees, TWU members, operating the jib 
crane on the service tower. The Operating 
Engineers, after a loss of NASA construction 
of 378 man-days, returned to the job as a 
result of notice by the NLRB that unfair 
labor practice charges had been filed by 
Blount Brothers. The project completion 
date was not affected due to the early stage 
of construction . 

About 270 Boeing Company employees, represented 
by IAM, set up picket lines at all five Space 
Center gates. The pickets were honored by 
IATSE, Steelworkers, and the BBCTC unions, 
a total of 3,311 workers. Cause of the strike 



1965 (continued) 
September 16 
(continued) 


September 20 


September 21 


September 22 


was a failure between IAM and Boeing to 
consummate an agreement replacing the current 
agreement which expired on midnight, 

September 15. The IAM did not ask for help 
in the strike, and the BBCTC tried to get 
their men to go back to work. The parties 
involved reached an agreement to last for 
three years, expiring on September 16, 1968. 

13 workdays were lost, a total of 10,078 
man-days were lost. The number of man-days 
lost caused a substantial monetary impact 
and delay in construction schedules. 

IAM members striking Boeing Company agreed to 
comply with a government order and remove picket 
lines from all but one spaceport entrance on 
Monday. This cleared the way for the return 
to work of hundreds of construction trade 
workers. William J. Usery, Grand Lodge 
Representative for the IAM at the Cape, said 
picket lines would be removed from four gates 
"in a gesture of good faith on the part of 
the union to the government and the public and 
in the interest of the space program.” 

(Orlando Sentinel , 9/20/65) 

The majority of construction workers returned 
to their jobs today after IAM members restricted 
their picketing to only one gate on SR 3, 

Merritt Island. Only 621 construction workers 
failed to report Monday, September 21. 

Clifford D. Baxley, president of the BBCTC 
and vice-president of the Florida AFL-CIO, 
warned that a new period of strained labor- 
government relations would be in store for 
Brevard's aerospace complex unless the 
Machinists' strike against Boeing was settled 
in the near future. "The machinists are 
associated with the AFL-CIO and in the event 
this problem is not resolved in the near future, 
the machinists could solicit and probably 
receive the support of all AFL-CIO union 
members employed at Patrick Air Force Base, 

Cape Kennedy, and Merritt Island." Baxley 
estimated the number of AFL-CIO union members 
at work in the immediate area at from 17,000 
to 20,000. (Orlando Sentinel , 9/22/65) 



1965 ( continued) 
September 22- 
October 22 
Beginning of 
shift 


45 members of the United Steelworkers of America 
Local 1949, Ohio, working on fabrication and 
erection of the transporter crawlers, left 
their jobs with the Marion Power and Shovel 
Company (NAS10-477) . Dispute was caused over 
working conditions. Workers returned to Marion, 
Ohio, and would not return until new agreement 
was reached for on-site working conditions. 
Meetings between the parties on October 19, 

20, and 21 under the auspices of the FMCS 
resulted in a settlement. 27 workdays were 
lost, with a total of 1,215 man-days lost on 
NASA industrial construction. The scheduling, 
matings, and testing of the crawlers with the 
mobile launcher were delayed as long as the 
strike lasted. 


October 14 
0007 hours- 
October 15 
Beginning of 
shift 


October 19 


November 5 
0001 hours- 
December 21 
Beginning of 
shift 


45 members of Painters Local 1287 stayed off 
work for one day against Eric Lundeen Coatings, 
Inc., subcontractor to Morrison-Knudsen-Perini- 
Hardeman working on the VAB (COE NASA # 61) . 

The painters were protesting electricians doing 
touch-up painting. One workday was lost, 45 
man-days lost on NASA construction. The 
painters returned by instruction of the union 
business agent. However, the contractor told 
the subcontractor not to use electricians on 
touch-up pa inting . 

46 members of IBEW Local 756 stayed off work 
with MEVA Corp., subcontractor to Blount 
Brothers on modifications on Complex 37 
(COE NASA #247) in protest of the firing of 

two electricians for unsatisfactory performance. 
At 0900, 27 of the 46 workers returned; the 
other 19 returned the next day by direction 
of the union business agent. One of the 
discharged electricians was rehired. 24 man- 
days were lost on NASA construction. 

14 members of the Sprinkler Fitters Local 821 
walked off the job with Automatic Sprinkler 
Company, subcontractor to MKPH on work on the 
VAB, Support Facilities, and LUT Erection 
Area 3. Also affected were Blount Brothers, 



1965 (continued) 
November 5 
(continued) 


November 19 
0001 hours- 
November 22 
1330 hours 


December 14 
1400 hours- 
December 16 
Beginning of 
shift 


December 28 
1000 hours- 
January 5 
Beginning of 
shift 


Wallace- Leavell-Scott, and in December, Acme 
Missile and Construction Corporation. Only 
nine workers were involved in the strike in 
December. Cause of the work stoppage was a 
failure to reach a new agreement; the stoppage 
ended December 21 when a new, two-year agreement 
was reached. 32 workdays were lost, with a loss 
of 285 man-days on NASA construction, and 30 man- 
days on AF construction. Monetary loss was minor, 
and the man-days lost could be retrieved. 

180 members of IAM Lodge 2061 struck McDonnell 
Aircraft and American Machine and Foundry. 

IAM members were supported by 17 from the 
Plumbers Local 295, two from IBEW Local 756, 
and one from Laborers Local 293. Pickets were 
used. Cause of the strike was a failure to 
reach a new agreement. The workers returned 
to their jobs at the request of the Secretary 
of Labor to the IAM Negotiating Committee in 
Washington. NASA construction lost 20 man-days, 
NASA industrial lost 688 man-days. McDonnell 
was able to continue to conduct tests on 
schedule during the four-day strike. 

51 Carpenters (Local 1685), supported by two 
Bricklayers, and two Operating Engineers walked 
off their jobs in a jurisdictional dispute with 
Iron Workers over the installation of aluminum 
trench covers on electrical ducts. The company 
affected was Donovan- Power-Mil ler, contractor 
on the additions to the Operations and Checkout 
Building (COE NASA #146) . NASA construction 
lost 83 man-days. The dispute ended when the 
contractor suspended the work to allow the 
unions to resolve their differences. Work was 
delayed \\ days, with no overall project delay. 

16 Operating Engineers, Local 673, walked off 
their jobs in protest over the use of Bendix 
employees to operate the crane hoisting construc- 
tion materials. Companies affected were Kaminer 
Construction Company, and MKPH, subcontractors 
to Catalytic Construction Company; Ingalls 
Ironworks, Pacific Crane and Rigging, Heyl- 
Patterson, and Wallace-Leavell-Scott . It is 



1965 (continued) 
December 28 
(continued) 


1966 

January 14 
1230 hours- 
January 17 
Beginning of 
shift 


January 24 
1230 hours- 
January 25 
Beginning of 
shift 


January 28 
0900 hours- 
February 3 
Beginning of 
shift 


March 21 


believed that concerted action by the affected 
contractors to bring charges against the union 
and the filing of a grievance by one of the 
contractors caused the Operating Engineers to 
terminate their walk off. A total of 83 man-days 
were lost on NASA construction. 


Donovan-Power-Miller , and its subcontractors 
(Florida Concrete and Placing, Iowa Sheet 
Metal, Acousti Engineering, Prestress Erectors, 
Griffin Industries, Tom Winner Glass Company) 
constructing additions to the Operations 
and Checkout Building (COE NASA # 146) were 
affected by a 144 union walkout protesting a 
non-union operating contractor, Brant Brothers, 
working in the same area. Unions protesting 
were: Carpenters, Bricklayers, Plasterers, 

Ironworkers, Laborers, Operating Engineers, 
Painters and Lathers. NASA construction lost 
177 man-days. 

11 Operating Engineers (Local 673) walked off 
the job with Morri son-Knudsen-Perini-Ha rdeman 
and its subcontractors. Workers were protesting 
J. L. Manta, painting contractor, operating an 
air compressor. After a loss of six man-days 
to NASA construction, the union business agent 
ordered the engineers back to work. 

34 Carpenters (Local 1685) left work for 
Donovan-Power-Miller at the Operations and 
Checkout Building site (COE NASA # 146) . 

They were involved in a jurisdictional dispute 
with Iron workers over the rigging and moving 
of a scaffold. 18 laborers were sent home for 
one day by the company because of the dispute. 
The contractor filed a grievance under PSA 
and the union business agent ordered the men 
to return to work. NASA lost 188 man-days. 

KMI 1154. A was issued, entitled u Cape Kennedy/ 
PAFB Project Stabilization Board.” This instruc 
tion decreased KSC membership on the Project 
Stabilization Board from three to one. The 
member of the board was to be the Deputy 



1966 (continued) 
March 21 
(continued) 


March 8 


March 28 
1200 hours- 
March 29 
Beginning of 
shift 


March 28- 
April 1 
Beginning of 
shift 


March 31 
1430 hours- 
April 5 
Beginning of 
shift 


Assistant Director for Administration; 
alternate member was Deputy Chief, Facilities 
Engineering and Construction Division. 

28 members of Elevator Constructors Local 49 
walked off their jobs with the Otis Elevator 
Company, subcontractor to MKPH. (COE NASA 
# 61) . The walkout was called because of a 
jurisdictional dispute with electricians over 
installation of cable in a master control 
console, NASA lost 28 man-days in construction. 
Elevator Constructors returned to work the next 
day because of a NJB decision of two years 
standing granting the work to the electricians, 

14 Operating Engineers (Local 673) walked off 
their jobs for h day in a jurisdictional 
dispute between themselves and the sheet metal 
workers. Contractors affected were Pacific 
Crane and Rigging, Ingalls Iron Works, Kaminer 
Construction, and MKPH. The Operating Engineers 
returned to their jobs pending a NJB ruling. 

NASA lost seven man-days on construction. 

Kaminer Construction Company, subcontractor to 
Catalytic (NAS10-1138) was affected by a work 
stoppage by 19 members of Plumbers Local 295, 
supported by one member each from the Carpenters, 
Laborers, and Operating Engineers. Kaminer 
refused to pay wage rates negotiated with the 
Halifax area Plumbing Contractors. Workers 
returned when Kaminer agreed to union demands. 

73 man-days were lost on NASA construction 
projects . 

Nine Operating Engineers (Local 673) walked off 
their jobs with Pacific Crane and Rigging 
(NAS10-3006) and Ingalls Iron Works (NAS10-716) 
in a continuation of a jurisdictional dispute 
which precipitated a similar ^-day walkout on 
March 28. Sheet Metal workers continued to 
operate a hoist. In April, 26 workers were 
involved in the walkout, 54 man-days were lost 
in the total dispute. The workers returned 
pending resolution between International 
representatives of both unions. 
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1966 (continued) 
April 1- 
April 8 
Beginning of 
shift 


April 19- 
April 26 
Beginning of 
shift 


May 20 
0900-1100 


June 6 


104 members of Plumbers Local 295 refused to 
work in a dispute over failure of contractors 
to pay Halifax area wages. The various con- 
tractors met with the PMSLC and the contractors 
agreed to pay Halifax area rates, pending a 
decision of the PMSLC concerning bargaining 
rights of the PAFB Contractors Association. 
Workers returned while PAFB CA and Plumbers 
continued to negotiate. NASA construction 
lost 461 man-days, AF construction lost 15 
man-days . 

Members of the International Union of Elec- 
tricians, Radio, and Machine Workers put up 
picket lines when their contract with United 
Technology Center expired on April 16. Pickets 
were at all gates April 18, 19, and 25, and at 
the South Gate on April 20, 21, and 22. The 
picket line was honored by members of the BBCTC. 
The union and company agreed to a truce in which 
employees would return to work until May 20. 
Agreement on a new contract was reached before 
the truce expired. 1,795 man-days were lost. 

Nat Harrison Associates (subcontractor to 
MKPH, COE NASA #61) was affected by a dispute 
with 33 Iron Workers of Local 808 in a dispute 
over the contractor's attempted firing of a 
union steward and a general foreman, and 
insufficient advance notice of overtime. The 
walkout lasted only two hours when the company 
agreed to rehire the men and agreed to try and 
give more notice of overtime. Eight man-days 
were lost on NASA construction. 

11 Iron Workers of Local 808 and 12 Plumbers of 
Local 295 walked off their jobs with Bechtel 
Corporation (NAS10-707) in protest of the use 
of non-union contractor, Dean Conlee, working 
beside them. The workers returned to their 
jobs on instructions from their business agents. 
14 man-days were lost on NASA construction 
contracts . 
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1966 ( continued) 
June 16- 
June 17 
0900 


June 28- 
July 5 

Beginning of 
shift 


July 5- 
July 27 
Beginning of 
shift 


July 7 


17 Iron Workers (Local 808) walked off their 
jobs with Allied Shaffer, subcontractor to 
Morrison-Knudsen-Perine-Hardeman (COE-NASA #131) 
because the layoff of \ of the crew by the 
contractor did not include one out-of-town 
member. Out-of-town ironworkers resigned and 
the job steward was re-employed by the contractor. 
20 man-days were lost on NASA construction. 

Five Carpenters (Local 1685) struck Ger-Wil-Sco 
Construction Company, a subcontractor to TWA 
(NAS10-1242) in protest over use of material 
fabricated at a contractor's off-site plant 
with non-union carpenters. Pickets were put 
at Gates 2 and 3 and the Oak Hill Gate. BBCTC 
honored the picket line, causing almost all 
construction work at the Cape and KSC to stop. 
Unfair labor practice charges were filed with 
the NLRB by TWA, NASA, and COE. Pickets were 
withdrawn on Saturday, July 2, and workers 
returned July 5, the next workday. 1,738 
man-days were lost on NASA construction. 

13 Asbestos Workers from Local 67 walked off 
the job after their agreement expired on July 1. 
Companies affected were Bechtel Corporation, 

North Brothers, Armstrong Contracting and 
Supply, Cover-All Insulators, and Johns Manville. 
The walkout ended when a new agreement was 
reached following talks between contractors 
and union, with FMCS . A total of 164 man-days 
were lost on NASA construction. 

12 members of Operating Engineers Local 673, 
objecting to Bendix personnel operating a crane 
on LUT 2, walked off their jobs. Companies 
involved were: PC&R, Ingalls Iron Works, 

Catalytic Construction Company and subcontractors, 
MKPH and subcontractors. After discussion between 
PC&R, NASA, and the union, the workers returned 
July 8 with the understanding that Operating 
Engineers would make lifts on construction 
materials. 12 man-days were lost on NASA 
construction. 
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1966 (continued) 
July 8- 
July 17 
3rd shift 


July 13 


July 31 


August 4 


1,012 members of IAM (Local 273) struck TWA 
as part of a nationwide strike by IAM against 
five major airlines. Pickets appeared at all 
gates, by noon they were picketing only Gate 2, 
where they remained for the duration of the 
strike. The picket line was honored by members 
of the IBEW, Plumbers, Laborers, and Operating 
Engineers. TWA, after failing to obtain an 
injunction in Federal District Court, held 
meetings with IAM and FMCS . Agreement was 
reached on a local level and workers returned 
after a total man-days lost of 6,488. 

1,528 members of the Brevard Building & 
Construction Trades Council, plus 12 Steel- 
workers honored picket lines in protest of 
NASA's method of awarding construction 
contracts. Construction unions contended 
that the Space Agency was giving contracts 
to aerospace companies for what was essen- 
tially construction work. The Space Agency 
said it gave contracts as prescribed by law. 

In a meeting between the BBCTC and NASA, the 
Council and individuals issued complaints. 

NASA agreed to take the complaints into 
consideration, with another meeting scheduled 
in two weeks. 1,492 NASA construction man-days 
were lost, 23 for AF construction, and 13 for 
NASA industrial. 

Spaceport Machinists voted nearly 3-2 to reject 
the industry wide airline strike settlement 
proposed by President Johnson. But IAM workers 
at KSC upheld their local agreement with TWA 
and they remained on the job. 

MEVA Corporation (COE NASA # 340) was affected 
in a dispute by 31 members of the IBEW Local 
756 over the company's termination of local 
electricians and retention of transient elec- 
tricians. 31 man-days were lost on NASA 
construction. The contractor restored workers 
as they were before the walk-off. Contractor 
will review seniority status of local journeymen 
vs. permit holders. 


1966 (continued) 
August 5 


August 9 


August 11- 
August 16 
Beginning of 
shift 


August 14 


August 16- 
August 23 
Beginning of 
shift 


Five employees of McGregor-Werner Corporation 
were fired for participating in a work steppage 
and urging others to do so in violation of the 
union- company contra ct . 

Five discharged employees of McGregor-Werner 
brought suit with the NLRB (12-CA-3597) against 
the company, charging that they had been unfairly 
fired for union activities. 

96 employees of McGregor-Werner, about 1/3 of 
their work force, stayed off work in sympathy 
with the five employees who had been fired. 

The five who had been fired were picketing, 
claiming that they had been fired for union 
activities (attempting to set up a new local 
in place of IATSE Local 780, Chicago, which now 
represented them) . McGregor-Werner went to 
court and obtained an injunction against the 
five for picketing, the other employees then 
started to picket. Picketing continued up 
until August 26, but the picket line was 
honored for only the first two days by members 
of the BBCTC. In all, 784 man-days were lost, 
but there was no work delay as the company 
used supervisory personnel to handle the 
necessary work. 

Five union members (former employees of McGregor- 
Werner) who have been picketing entrances to the 
Space Center will be purged from the IATSE, said 
Attorney Bernard Mamet. Picketing began when 
five IATSE members were discharged; they had been 
attempting to start a new local at the Cape. 

25 Sheetmetal workers of Local 130 struck Harper 
Plumbing and Heating Company of Orlando because 
they did not have a contract with them. Pickets 
appeared at Gate 2 from August 16 through August 19. 
BBCTC and Steelworkers honored the picket line. 
Contractors and government agencies filed charges 
with the NLRB. A temporary restraining order and 
later a temporary injunction were ordered. NASA 
construction lost 4,034 man-days, AF construction 
lost 158, and NASA industrial lost 21 man-days. 



1966 (continued) 
August 23- 
August 29 
Beginning of 
shift 


Members of the BBCTC and Steelworkers stayed off 
the job in a conflict over alleged failure of 
NASA and COE to comply with decisions of the 
MSLC. Picketing occurred August 25 and 26, 

The three government agencies filed charges 
but later dropped them when a meeting was 
arranged in Washington with the PMSLC Construction 
Subcommittee. As a result of the strike, 2,794 
man-days were lost. Almost all construction at 
the Center was halted. 


August 31 


September 3 
1430 hours- 
September 6 
1230 hours 


September 8 
1345 hours- 
September 9 
Beginning of 
shift 

September 


October 14 


December 1 


Five former employees of McGregor-Werner , picketing 
as striking members of the IATSE, were sentenced 
to 15 days in jail, but were told by the court 
that they could purge the sentence by stopping 
the picketing, which the five elected to do. 

30 members of IBEW Local 756 walked off the job 
with MEVA Corporation (COE NASA #340) . The issue 
was a dispute over reduction of personnel, includ- 
ing some supervisory personnel . Dispute was 
settled when employees were rehired. 22 NASA 
construction days were lost. 

11 members of CWA Local 3290 walked off their 
jobs for Western Electric in protest of the 
International's acceptance of a new contract 
with Western. Walkout ended on September 9 
with a loss of five man-days to NASA. 

Picketing by McGregor-Werner employees who had 
been fired in early August sporadically continued 
at the Space Center gates. No other union honored 
the picket line. 

NLRB, Tampa District, ruled that the five former 
McGregor-Werner employees had not been fired for 
union activity (Case 12-CA-3597) and were thus 
not entitled to their jobs. The lawyer for the 
five appealed the decision, and on January 24, 1967, 
the NLRB in Washington denied the appeal. 

Dwight West formally took over the job of 
Co-ordinator of the Project Stabilization 
Agreement of the Brevard Building and 
Construction Trades Council, replacing 
Cliff Baxley. 
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1966 (continued) 
December 13 


1967 

April 21 


July 17 


KMI 1610.4 was issued, entitled "Admission of 
Labor Union Representatives to KSC Installations.” 
Purpose of this new instruction is to establish 
the policies and procedures governing admission 
of labor union representatives to the John F. 
Kennedy Space Center, including all installations 
and facilities under its jurisdiction, except 
those at WTR. The procedure was revised on 
July 17, 1967. 


KMI 1154. IB issued, entitled "Cape Kennedy/ 

PAFB Project Stabilization Board." It named 
Mr. James E. Rice, from the office of Chief 
Counsel to the Project Stabilization Board. 

No alternate was named. 

KMI 1610. 4A, replacing KMI 1610.4, was issued, 
entitled "Admission of Labor Union Representatives 
to KSC Facilities." Revised at the request of 
the Labor Relations Office, the new KMI deleted 
the requirement for NASA/KSC contractors to 
submit a letter to the AFETR or KSC Pass and 
Identification Section for admission of their 
employees who have dual status as labor represen- 
tatives. Employees with this dual status will 
now be treated simply like all other employees, 
with no special requirements. 
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AFETR 

AFL-CIO 

BBCTC 

COE 

CWA 

DFM 

FMCS 

IAM 

IATSE 

IBEW 

KMI 

KSC 

LUT 

MKPH 

MSLRC 

NJB 

NLRB 

PAFB (CA) 
PC&R 
PSA 
VAB 


Air Force Eastern Test Range 

American Federation of Labor-Congress of 
Industrial Organizations 

Brevard (County) Building and Construction 
Trades Council 

Corps of Engineers 

Communication Workers of America 

Donova n- Pow e r-Mi Her 

Federal Mediation and Conciliation Service 

International Association of Machinists 

Interna tional Association of Theatrical 
and Stage Employees 

International Brotherhood of Electrical Workers 

Kennedy Management Instruction 

Kennedy Space Center 

Launch Umbilical Tower 

Morrison- Knuds en-Perini-Har deman 

Missile Sites Labor Relations Committee 

National Joint Board for Settlement of 
Jurisdictional Disputes 

National Labor Relations Board 

Patrick Air Force Base (Contractor's Association) 
Pacific Crane and Rigging Company 
Project Stabilization Agreement 
Vertical Assembly Building 



PROJECT NUMBER 


DESCRIPTION AND CONTRACTOR 


COE NASA # 146 

NAS10- 1709 
COE NASA # 247 
NAS 10- 477 
COE NASA #61 
COE NASA # 131 
NAS10- 1138 
NAS10-3006 

NAS10-716 

NAS10-707 

NAS10- 1242 
COE NASA # 340 


Additions to MSC Operations and 
Checkout Building. Donovan- Power- 
Miller. 

Modifications to Launch Pads 34 and 
37B. Julian Evans and Associates 

Modifications on Complex 37. 

Blount Brothers. 

Transportation Crawler. Marion 
Power and Shovel Company. 

Vertical Assembly Building. 

Morrison, Knudsen, Perini, Hardeman. 

Mobile Service Structure. Morrison, 
Knudsen, Perini, Hardeman. 

Checkout Propellent Servicing Systems, 
LC 39. Catalytic Construction Company. 

Installation of government furnished 
property, Complex 39. Pacific Crane 
and Rigging. 

Launch Umbilical Tower. Ingalls 
Iron Works, Company. 

Installation and Maintenance of NASA 
Launch Complex and Facilities. 

Bechtel Corporation. 

Base Support Services for Kennedy 
Space Center. Trans World Airlines. 

Installation and Communications for 
LC 39. Meva Corporation. 
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